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SUBJECT: Concurrence in Amendment No, 1 to Contract No, SP-1925 with 
Lockheed Aircraft Corporation, Project IDEALIST 


1, This memorandum contains a recommendation submitted for 
concurrence of the undersigned. Such recommendation is contained in 
Paragraph 5* 


SP -1925 as hereby amended covers the conversion 

or 




2, Contract No, 

of Vehicles #344, 343, 378 and 355 from a J-57 to a J-75 engine 
Model U-2-C, Simultaneously IRAN is being performed, as well as _ 

service bulletins, etc, ARS (Aerial 
#344, 343, and 342, Amendment No, 1 
besides providing for liquidating progress payments and increasing the 
scope of work provides for additional funds which should be obligated as 
follows : 


eling 


FY-62 IDEALIST MATERIEL 


These funds are available from the following sources: 


IDEALIST Activity Program 62-3 
Transfer from Materiel EK-Contract HF-2410 
Transfer from Dev, Br, line items IFR, 
Gauging, Flight Test & SSB 
Transfer from Dev, Br, P&E Contract IM-473 





are needed and will be obli- 
0 dated 18 January 1962 is 


Additional funds in the amount of 

gated when Activity Program 62-4, 

approved. By concurrence to this memorandum the Comptroller signifies that 
sufficient funds are available for this obligation. 
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3* The services and equipment being procured by this Amendment No* 1 
to SP-1925 are in furtherance of the IDEALIST Program, the nature of which 
cannot be publicly disclosed for security reasons. The undersigned Con- 
tracting Officer therefore determines that this procurement must be accom- 
plished by negotiations pursuant to the authority of Section 3(a) of 
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PL-81-110 and Class Determination and Finding, 0X0-2122, signed by 
the DDCI on 2 5 October 1961, 

4, Certification of funds for this contract will be handled under 
the procedure approved by the Director of Centrall Intelligence on 1 $ 
December 1956, which in effect, results in all covert expenses involving 
issuance of Treasury Checks being accumulated in a separate account within 
the Finance Division, The amounts in this account will be periodically 
scheduled for certification of the vouchers by the Director, This pro- 
cedure eliminates the necessity for a separate certification of authority 
under Section 8(b) of Public Law 110, 81st Congress (formerly 10(b) - see 
85-507 dtd 7/7/58) for each contract, 

5, Concurrence in Amendment No, 1 to Contract No, SP-1925 is 
recommended. 



Orig - CS/DFD SP-1925 
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3 - RI/DFD Chrono 
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THIS DOCUMENT REQUIRES SPECIAL HANDLING 


HANDLING PROCEDURES 

THIS DOCUMENT CONTAINS INFORMATION REGARDING A HIGHLY CLASSIFIED 
ACTIVITY. PERMISSION TO TRANSFER CUSTODY, OR PERMIT ACCESS TO 
THIS DOCUMENT MUST BE OBTAINED FROM THE ORIGINATOR. HAND CARRY 
PROCEDURES WILL BE APPLIED TO ANY INTER-OFFICE OR INTRA-AGENCY 
MOVEMENT OF THIS DOCUMENT. 
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